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2014 ROAD REHABILITATION PROJECTS 

Work is progressing on the Town’s ongoing 2014 Capital Improvement Program. The Town’s Paving 
contractor; D& R Paving, Inc. is moving forward with the implementation and scheduling of the 
planned work projects. Work has included curb and walk adjustments, surface leveling, casting 
adjustments, and re-surfacing. The progress and status of the 2014 work is as follows: 


Estimated 


Street 

Status 

Start date 

Winter Street 

complete 


Kensington Road 

complete 


Brantwood Road 

complete 


Kensington Park 

complete 


Oakland Avenue (Park Ave. to Appleton St.) 

complete 


Gray Street (Gray Cir. to Oakland Ave.) 

complete 


Massachusetts Ave. (Richardson to Quincy) 

complete 


Academy St. (Maple St. to Irving St.) 

Wright Street (Heard Rd. to Winchester Town Line) 

postponed 

end of September 

Berkeley Street 


end of September 

Harold Street 


end of September 

Heard Road 


end of September 

Thesda Street (Wright St. to Dothan St.) 


end of September 

Kipling Rd. 


end of September 

Old Mystic Street (Mystic St. to Hutchinson Rd.) 


end of September 

Paul Revere Road (Mass. Ave. to Park Ave.) 


end of September 


During the construction period residents in these areas should expect some on-street parking 
restrictions to allow for construction activities and equipment. The contractor will make every effort to 
keep inconveniences to a minimum and traffic police details will be present to aid in driveway 
access/egress and roadway safety. Residents are requested to observe on-street roadway postings and 
detour signs. Traffic message boards will be used to aid traffic management efforts. Residents 
traveling through these areas should plan accordingly, allow for travel delays, and should consider 
alternative routes when possible. 

The Department of Public Works would like to thank residents for their cooperation during these 
improvement projects. If you have any questions please contact Pete Lento at 781-316-3323 or Wayne 
Chouinard at 781-316-3320 



